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ORIGIN FBOE-OO 

INFO OCT-01 EA-10 ISO-OO A-01 /012 R 

DRAFTED BY A/FBO:VDRUSSILLO:JAW 
APPROVED BY A/FBO:WFMCCOLLOUGH 

008262 

R 090025Z AUG 75 
FM SECSTATE WASHDC 
TO AMEMBASSY TOKYO 

UNCLAS STATE 188549 

E.O. 11652: N/A 

TAGS: ABLD 

SUBJECT: CONSTRUCTION TOKYO OB, PROPERTY NO. 01308A 
REF: CONTRACTOR S LETTER 332 

1. A/FBO HAS MADE A CAREFUL AND THOROUGH REVIEW OF THE 
CONTRACTOR'S REQUEST FOR COMPENSATION FOR WHAT HE CONSIDERS 
TO BE WORK BEYOND THE TERMS AND SCOPE OF THE CONTRACT. 

2. NOTWITHSTANDING, THE CONTRACTOR S VIEW THAT THE 
EXISTENCE OF PILES LOCATED UNDER THE OLD APARTMENTS 
"B " AND THE CHANCERY WAS UNFORESEEABLE, ARTICLE 2.1. 

SECTION IF, ADDENDUM 2, "DEMOLITION, PHASE 2", DATED 
APRIL 12, 1973, CLEARLY STATES "NONE OF THE EXISTING 
CONSTRUCTION SHALL REMAIN ABOVE OR BELOW GROUND." 

3. SINCE THE REMOVAL OF THE PILES WHICH SUPPORTED THE 
BUILDINGS TO BE DEMOLISHED ARE CONSIDERED TO BE 
INCLUDED IN THE ORIGINAL SCOPE OF WORK UNDER THE CONTRACT, 

THE CONTRACTOR S REQUEST FOR COMPENSATION MUST BE DENIED. KISSINGER 
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